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# 17^1 

REPLY fO; 

Audit Liaiaon Office 
P* 0 . Box 0155 
S. W. station 
Washiri^on, D. C. 

10 Deember lyf)5 


SUBJH 3 T: Rcrvi&a of H3P #1987-^7 

Airborne Inutnaaent Laboratoi'y 
Deer Park, Mew York 

"SO ; Contracting OiTicer 


of the coi/acto?f necessary 

-rL+J ^ ^ proposal to provide sensor sts^:. hi- torv 

md photograph;., of sensor coverage. The i-eview ^ ^ n 

ation of the contrsc+ni-'^ ^ levicn consisifM of an evalu- 

contractoi s estimating procedure together arith r.v«m-5«r> 

ar “thyrsi 


consisents 


2, A .sifflmary of the 
are a , follow;, t 


contractor's proposal an# the auditor's 


Direct Labor - AdxdLnistrative 
Direct Lairor «• Engineering 

Sjgl.neering Bm'den €L 04 ^ 
lfet.erlal£ 

feavel and 0ubsistance 
©vertime Pi’miua 
Subtotal 
0 & A 
Stotal Cost 
Pee Requested 

fQ3?AS PROPCffiAL 


Per 


Conti’actor's 

Ref 

Proposal 

$ 559 

Hote; 

10.504 

iiitfc 

(a) 

(b) 
(e) 

19,826 

1,205 

J,266 

(d) 

<e) 

iCO 

PfaM 

3,254 

46j64;-. 

(h) 

.. s,4^a 

(f) 

$50,140 



@7.5^ 

7 . 5 ^ 
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Rcf» Mote:.;; 

a. Since the combined average hourly rate proposed by 
the contractor coH^rax'es favorably v/ith the average incurred hourly rate 
on the 1975 program the; quoting; I'Cte:. are considered rea;;orLabie for the 
puzpose of this report only, 

b. The burden and G & A ratec x^roposed ai'e considered 
semewhat excessive compared to the current year to date incurred rates. 
Due to the inf.ignifieant EK>netary ;miount involved the auditor waives a 
reccramendation for a reduction and accepts the contractor’s x^roposed 
rates for this repoit only. 


c. The e,::.timated material costs repreGent 50 feet of 
magnetic tape. The costs per foot were verified, to purchase order placed 
with vendors. 


d. The round trip estimates for travel are considered 
rea.:.onable. The trips are for lia: on vrork at the West Ooaat site; 


Two (l) trips for two (2) weeks @ $601 
Four (/s-) trips for tl'xree (j) day;. @ $4l6 



G, The estimate for overtime premium is based on 10^ 
of the time of a clerli-typi t , 

f. Tile contractor has requested a fee bas.ed on 1 ,')% 
the e:;t±matod costs. 


SIGHEI> 


WILLIAM F, EWAEDS 

Auditor General Representative (APL) 
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